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Lockheed Aircraft Corporation 
Burbank, California 


Gantlemen: 


1, Reference is made to Contract No, 30-56, effective for the 
period 1 April 1956 through 16 November 1958, between the United 
States of America and Lockheed Aireraft Corporation, 


2. Delete Paragraph o of PART II - CONSIDERATION AND PAYMENT, 
as amended, and substitute the following therefer: 


"e, There has been allotted for thie contract the 
following amounts: 


Period Amount 


1 April 1956 = 30 dune 1956 
1 July 1956 — 30 June 1957 
1 July 1957 ~ 30 June 1958 
i July 1958 ~ 16 Nov 1958 
TOTAL 


Unexpended funds at the end of a period gre not authorized 
for use in any subsequent period(s). The Government may 
increase these amounte from time to time solely at ite 
discretion, If at any time the Contractor has reason to 
believe that by reason of the performance by it of this 
contract the amount due 1t will exceed the sums allotted 
to this contract’ for any specific period, the Contractor 
shall not be obligated to furnish any services for said 
period under this contract, if, in the best judgment of 
the Contractor, the cost of such services will exceed the 
amount allotted to this contract for a specified period, 
The Goverrment shall not be obligated to pay the Contractor 
under thie contract any amount in excess of the suns 
allotted for each period." 


3. AL other terme, conditions and requirements of the 
Contract remain unchanged. 


i. 
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4. Please indicate your receipt of this Amendment No. 10 to the 
Contract and your seceptance thereof hy executing the original and 
two copies of this Amendment. Return the fully executed original and 
a copy to the undersigned and retain the remaining copy fer your 

os, 


Very truly yours, 


Contracting Officer 


ACKNOWLEDGED AND ACCEPTED 
THIS ith pay or January 1959 
LOCKHEED ATRCRAFT CORPORATION 


25X1A 
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